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PROPOSALS POR FURNISHING AND PLACING THE LIGHTING FIXTURES FOP THE 
U.S. MINT (NEW) AT DENVER, COLORADO. 


N.B. After this proposal sheet is filled out it shall not be for¬ 
warded under frank, hut must he detached and forwarded under sepa¬ 
rate cover, with postage prepaid by the bidder. 

April 26th., 

- 1904 


To the 

Supervising Architect, 

Treasury Department, 
Washington, D.C. 


Sir: - 

16 ♦ --We-hereby propose to furnish all labor and materials and 

place complete the lighting fixtures called for under f”-pe "A" in 
accordance with the specification and as called for by the drawings 
ior the U.S. Mint, (new) at Denver Colodaro, for the sum of : — 


-Ete-v«Ki -liu. -oxtuL .fifty. .dollars, 

PRICE each for 4 light pendants- 

_Porty_oolla.rs_ 

PRICE each for 6 light pendants - 

_ 2 fiyenty_doliars,_ 

PRICE each for 8 light pendants- 

-Ruatf y_ dollars,,_ 

PRICE each for 10 light pendants - 

_Dl^_Jiuncirxo_ aiKi twenty dollars 

PRICE each for 12 light pendants- 

_ juuj-j _trty dollarr, 


-(•t 

-($ 

-($ 

-<e 

’($ 

■(# 


1150.0 


' 10.00 

70.00 

) 

80.00 

) 

120. Gj) 

130.00 

) 


107 -^hereby propose to furnish all labor and mate¬ 

rials and place complete the lighting fixtures called for 
under type in accordance with the specification and 

as called for by the drawings for the U.S. Mint (new) at 
Denver Colorado, for the sum of :- 


- - tt,- yv tT.rtrrhtmdr-er - v-tuty- dollar s*.-($ 

PRICE each f<5r 16 light pendants - 

_louKiriJiL iuixL _ r iyf _ i'2 ‘iif_ 

PRICE each for 10 light pendants - 

i.-cK--Two--humLn-d- ju ut twenty ti ye_ a o liars,_ ^ 

8 at Two hundred and fifteen dollars, 


2370.)0 
425.00 

22b.00 

1720 Ao 













Denver Mint (new) 
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t/B-hereby propose to furnish all labor and materials 

and place complete the lighting fixtures called for under type "C H 
in strict accordance with drawing Mo. 250 A and the speci¬ 
fication for the TJ.S. Mint ^ new) at Denver,Colorado, 
for the sum of 


S evtrrr -hmrdfed- -ami- -forty- -seven- 4-oA-l-ar-e^-( & 747.00 ) 

PRICE each for 2 light fixture 

-Bi-girt-eerr xi-o-l-l-ar-s- -and- tiwwhbjv- -f4ve- ($ 13.25 ) 

PRICE each for 3 light fixture - 

B^girt-eon- -cH>l-lftrn- -and- -severity- -five- ouu T -fc s-($ 10.75 ) 

PRICE each for 4 light fixture - 

-do-l-lOrr-s- -and. -twaniy- -LLva. J4.on.tA-($ 19.25 ) 

PRICE each for 6 light fixture - 

JClfint.iL _d_Q.lla.rs v _(* 20,00 ) 


10S . —T» e --hereb 3 '- propose to furnish all labor and materials 
and place complete the lighting fixtures called for under 
type "D" in strict accordance with the specification and 
as called for ay the drawings for the U.S. Mint (new) 
at Denver,Colorado, for the sum of - 


¥M 


e 
ure 



*-'-($ 108Q.O0 ) 


-$w«n-ty--<vdllars, --(£ 20.00) 

I 


110 -We-hereby propose to furnish all labor and mate¬ 

rials and place complete the lighting fixtures called for 
under type "E" in strict accordance with drawing #250 A, 
and specification for the U.S.Mint (new) at Denver, Col¬ 
orado, for the sum of - 

-¥hree-hundred-aud-two-dollars-and-twenty-fire_££0^« 302 .25 ) 

PRICE each with curved base - 


($ 237.25 ) 


($ lli.28 ) 

111 -hereby propose to furnish all the labor and 

materials and place complete the lighting fixtures called 
for under type "F" in strict accordance with the specifi¬ 
cation and as called for by the drawings for the U.S.Mint 
(new) at Denver,Colorado for the sum of - 


Four - himnTtn- Kmt -trvrc-rrty- -two- -dol-l-er-a- -cani- -fovu.( ^ * - / 

PRICE each for 2 light fixture - 

X at- EitblSiv .ttflilVA ena.A 1 ™.AHAW-v.($ lejo ) 

PRJ&tf eatM^&r :1 3 Fixture - 


-Eightccn-d«dl?iri5-anfl-*wefitY-fiv*»-«««t.s- 

PRICE each with flat base - 

—Sixteen - dollars- anti- twenty- -five-eent-s-,- 


- — -Qwenty* ti*o- -do-tVo-r-s-,- 


4 


22.00 ^ 












Denver Mint (new) 
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T'rpe "J"- 

2 at Twenty four dollars. 

iftlcE each "for 4 light fixture 

3 at Twenty four dollars, 

4 " J2*wvty- -f-iv-e- -AoUar-a,- 

PRICE eacl for 6 light fixture 

1 at Thirty dollars,._ 

1 " “Thirty doliars, 

H2 -xtrr _hereby propose to furnish all labor and material 

and place complete the lighting fixtures called for under 
type "G" in strict accordance with the specification and 
as called for bv the drawings for the U.S.Mint (new at 
Denver, Colorado, for the sum of - 


24.§£• 

24.00 

($ 25.00 ) 

30.00 . 

30.00 ] 


__ Two jjiiiarciL juicl JLQJity_ -f-iyjLjtpJJjyca-($• 245 .00 ^ 

PRICE for each fixture - 

_.Thirty.JLi-Vh.jUL l l arA ,-($> 30.) 


113 -wr*-_hereby propose to furnish all labor and mate 

rials and place complete the lighting fixtures called for 
under tyoe "H" in strict accordance with the specification 

and" as called for by the drawings for the U.S.Mint (new) 
at Denver, Colorado, for the sum of - 


TJuc'-io. JiurytctuL jsA JiXJl&sz. 

PRICE f'n each fixture - 

S ixty -five. jiailans. r - 


-($ 390.00 ) 

_($ 65.00 ) 


1X4 -hereby propose to furnish all labor and mate: 

rials and place complete the lighting fixtures called for* 
under tyoe" "F." in strict accordance with the specifica¬ 
tion and*as called for by the drawings for the U.S. Mint, 
(new) at Denver, Colorado, for the sum of 


-Eighty JtoUaca r -- - 

PRICE for each fixture - 


80.00 ) 


-nigkfe-Aeltapsr 


(I 0.00 ) 


115 tt“~ _herebv propose to furnish all labor and mate - 

rials and place''complete the lighting fixtures called for 
under type "L" in strict accordance with the specifica¬ 
tion and as called for by the drawings for the U.S.Mint, 
(nes) at Denver, Colorado, for the sum of - 


Owe -tawd -sh( 4 -eighty -a-allaps r 

PRICE forvL light fixture - 


Two-do liars-and-fifty-cen ts;- 

PRICE for each 2 light fixture - 


($ 100.00 ) 
($ 2.50 ) 

(* 


i^ivc-dollarPT 


5.00 ) 
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aIu Jo hereby propose to x'urnlah all labor anti isaterial 
ana place complete tho lighting fixtures called lor under 
type ’If in strict accordance with the specification 
anv. ao called for in the Schedule attached, ior tho U*S. 
uint (now) Denver, Colorado,for the aui.: of— 

T\renty sovon dollars and fifty cents ( £ 27,60 ) 

PRICK for oaoh fixture - 

Two dollar® and fifty cento (2.50 ) 

'WQby propoco to furnish all labor and ©ate- 

ito the lighting fixtures called for 
Ihinitor* in strict accordance with 
the U.3,Mint (new) at Denver,Colo. 


rnuB ana place coiupl 
'oncler type *Kavy Coal 
the specification for 

for the ami of— 


Forty nine dollaro and fifty cent 3 (* 49.50 ) 

PRICE for each fixture 


Sixteen dollars and fifty cents 


( 0 16*60 


118 I7e hereby propose to furnish all labor and nato- 
rials and placo complete the lighting fixtures called 
-.or under type "Porcelain Reflectors* in strict accord¬ 
ance with the specification for tho U.3.Hint (new) at 
Denver, Colorado, for the sub of — 

Two hundred and throe dollars and fifty cento ( 203*60) 

PH ICE for each 3 light pondant- 

Four dollars and fifty cents (0 4.50 ) 

PRICE for each 4 light pondant- 


3ix dollaro (<; } 

P 'ICE lor each 3 light ceiling fixture with pendant sMtch- 
Four dollars and twenty five cent© ( 4.25 ) 

F’ICE for each 4 light coiling fixture with pendant owitcii- 
Four dollaro and fifty cento (04*50. ) 


F'TCE for oach 6 lijht coiling fixture with pendant switch 
Five dollars, (£ 5,00 ) 

PRICE for each 1 light coiling fixturo - 

One dollar and fifty cents (r 1,50 ) 

PEICE for oach 2 light coilln^ fixture - 


Two dollars ($ % 9 qq 

PRICE for each Z light ceiling xixturo- 

Foar dollaro and twenty five conta ( 0 4*26 ) 

110 Time to complete tho entire work by July let ,1904. 


Denver, Mint (new) 


5 
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SIOTATTBS -- 

y John H.Seines, Prest. 


ADDPJISS- XQXh -Avc. -G-tr - 


-JfcuLifc 


Naaes of Individual Members of Pirm- 


* T .K. Taylor 4/20 *04 


Marne of Corporation- 

—-'£!?? Vance _Cqm E a nj , ) 

lame of President- 


Jolm H.Selaaa, 


frame of Secretary- 

Under what'law* corporati^oii 
is organized - 


-Jicw-_Yor-h-4M;-at- 


*>.- 


T>. 












SPECIFICATION AND PROPOSAL SHEET FOR FURNISHING AMD PLACING THE 
LIGHTING FIETT.TRFS FOR T^R D.S. **INT (NEW) at DENVER, COLORADO 


\ 


TRE/SIF.Y DEPARTMENT, Office of the Supervising Architect, 
Washington, P.C. TIarch 31,1904. SEALED PROPOSALS will be received 
at this office until 3 o'clock P.M. on the 28th day of April,1904, 
and then opened, for furnishing and placing the lighting fixtures 
for the TT.s. Mint (new) at DENVER,COLORADO, in accordance with 
drawings and specification, copies of which may be obtained at this 
office at the discretion of the Supervising Architect. 


James Knox Taylor, 


Supervising Architect. 


T. 

C.R. 

J.E.P 




tp T5 

— i • j-' • 


N.B. Bidders are required to return drawings and specifications 
v/ithout marks,notes or other mutilations thereon. 

The Government frank sent to intending bidders is to be used fo 
the return of drawings and specification and for no other purpose. 


DENVER COLO MINT 


INDEX* 


Accef tance 

Design and location of fixtures 
Dravrj ngs 

Execution of the work 
Pixtvres, detail description 
Fixtures, delivery of 
General conditions 
Inspection and testing 
Materials and finish 
Notice to sureties 
Payments 
Proposals 
Samples 
Schedule 

Time to complete 
Wiring, etc., 
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68-91 inc. 


88 

1 - 1.2 

SS 

50 

67 

65 

13-17 and 106-118 inc 
51,62 


90-105 inc 

18,119 

82-67 " 
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Form No. 133. 
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treasury Department 

office OF THE SUPERVISING ARCHITECT. 


SPECIFIC A TION foe . 

furnishing and placing the lighting fixtures for 

THE U.S. MINT (NEW) AT DENVER, COLORADO. 


GENERAL CONDITIONS. 

form of proposal and signature. 

T lna ^? on iho blank form hereto attached, inclosed in sealed envelope, marked proposal with title of building as 

‘peciCti^^ l r p0ses t0 su P p,yth f mater ials and periorm the work required by’the d“u^ auT"^ 

seal attached to such signature. Iso telegraphic proposals or telegraphic modifications of proposals will be considered. Proposals 
received after the time advertised for the opening will be returned unopened. If proposal is sent by registered mail, allowance should 
be made for the additional time required for such transmission. ' fenouiu 

CERTIFIED CHECK. g 

2 *k Each , bld fl m * st submit his proposal a certified check, in a sum equal to per cent of the amount of such proposal, drawn 
4o the order ot the I reasurer of the l lilted States, and the proceeds of said c heck shall become the property of the United States if for 
any reason whatever, the bidder, after the opening of the bids, withdraws from the competition, or refuses to execute the contract and 
bond required m the event ofsaid contract being awarded to him, and checks submitted by the unsuccessful bidders will be returned 
alter the approval of the contract and bond executed by the successful bidder. 

EIGHT HOUR LAW. 

*r . The attention of bidders is called to the Act of Congress, approved August 1, 1892, limiting the hours of daily service of laborers 
'® nd mechanics employed upon public works of the United States to eight hours in any one calendar dav. 


SUBCONTRACTORS. 


No subcontractor or other person furnishing material or labor to the contractor will he recognized, nor will this Department he 

4 T7 a * f0 7'! e P ereons beyond taki “g a bond, as required by the Act of Congress approved^Tt 13 

1894, which provides in substance that when a formal contract is let lor the erection or repair of a public building, etc., the com motor’ 
►e oie commencing such work, shall furnish the usual penal bond, with good and sufficient sureties, with the additional obligation that 
f v 1 nm 7 P'. om P‘ payment to all persons furnishing him labor or materials used in the prosecution of the work 
Persons so furnishing materials or labor have a right oi action on said bond, in the name of the United States, for their use. No formal 
contract is usually let, however, and no bond taken where the amount involved is less than §2,000. 

PARTIES IN INTEREST. 

° ffil ;- e f, 0f J he Treasury Diriment superintendent, inspector, clerk, employee, or other person in any manner connected with 
5 the Office .1 the Supervising Architect, shall be interested, either directly or indirectly, in the contract or work herein prodded fo7 or 

^come due^to'^the suOMKfurhffider. 616 ^ 01115 TtoteU#n ° f lhb «*«*»*«* work a forfeiture of all moneys which may 

RIGHTS RESERVED. 

“™ ,0 ' 0r ™ rk ' “ J ,h « “4 of bidder* will «eei.e 

FORM OF CONTRACT. 

7 The contract which the bidder agrees to enter into shall be in the form adopted and in use in the Office of the Supervising 
Architect; blank forms of which can be inspected at said office, and will be furnished, upon request being made, to parties proposing 
to submit bids. r 1 1 & 

PROTECTION OP WORK AND MATERIALS. 

■„ P e 5°" tra . c ! or mu , s 7 b , tain ’ h . is cx .P ense > « u necessary policies of insurance on work and material supplied by him, as the same 
gwnl beat his risk until final completion, inspection, and acceptance ; but the contractor will be relieved of any risk for that portion of 
the buildiug occupied by the Government before entire completion of his contract. ^ 

MODIFICATIONS. 

q, T he Department reserves the right to make any additions to, omissions from or changes in the work or material called for bv the 
^drawings and >pecifi«ition, without notice to the surety or sureties on the bond given to secure satisfactory compliance with the terms 
of the contract; and the Department lurther reserves the right to demand additional security when additions are made, if in its iudgmeut 
such security is required. The unit prices called for in the proposal sheet shall be used as the basis of value of such additions omSns 
or changes, if they are deemed reasonable by the Supervising Architect. If deemed unreasonable or if none applicable are given and 
no agreement can he reached by the Supervising Arclntectand the contractor as to the reasonable value of the work then the Sunervising 
Architect shall have the right to fix the value of such additions, omissions or changes, and no claim for damages on account such 
change or for anticipated profits shall be allowed. ^ oi sutn 

PAYMENTS. 

Payments will be made as hereinafter stated. 

J^AYS. 

Each bidder must submit his proposal with the distinct understanding that, in case of its acceptance, time for the completion of the 
llwork shall be considered as of the essence of the contract, and that for the cost of all extra inspection, and for all amounts paid for 
rents, salaries ot contingent force, and other expenses entailed upon the Government by delay in completing the contract, the United 

States shall be entitled to the fixed sum of.. dollars^ 90 DD \ 

W*ov U r -estimated, and agreed upou, for each and every day’s delay uot caused by the United sites. Provided 

however, that the collection ot said sum may, in the discretion of the Secretary, he waived in whole or in part; and that the iZtor 
13 to bt entitled to one da>, in addition to saul stipulated tune, for each day’s delay that mav be caused by the Government 

“ v *«*• -«» 




ATTENTION IS CALLED TO SECTION 21 OF THE ACT APPROVED JUNE 6,1902: 


WHICH PROVIDES AS FOLLOWS : 


"That in all contracts entered into with the United States, 
after the date of the approval of this Act, for the construction or 
repair of any public building or public work under the control of 
the Treasury Department, a stipulation shall be inserted for liquid¬ 
ated damages for delay; and the Secretary of the Treasury is hereby 
authorized and empowered to remit the whole or any part of such 
damages as in his discretion may be just and equitable; and in all 
suits hereafter commenced on any such contracts or on any bond given 
in connection therewith it shall not be necessary for the United 
States, whether plaintiff or defendant, to prove actual or specific 
damages sustained by the Government by reason of delays, but such 
stipulation for liquidated damages shall be conclusive and binding 
upon all parties”» 
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PROPOSALS o 

13 Proposals as hereinbefore called for must he based on drawings 
#100 to 103, 107 to 109, 112, 113, and 130 also # E.V. 88, to 
92 inclusive and this specification, and must include everything 
necessary and requisite to complete the work in every detail. 


14 Drawings E.W. 88 to E.W. 92, are included to show location of 
light' outlets, while other drawings are for the guidance of bidders 
in preparing designs. 


15 Proposals will be received only from fixture manufacturers 
of established reputation, Bidders may submit more than one design 
for any type of fixture if they so desire. 


16. Proposals must be made in different amounts for each class of 
fixture , and the total amount of proposal must not be in excess of 
seventy-five hundred dollars (§7500.00) • 


17 Proposals must have the unit prices filled out and such unit 
prices will be used as a basis of the adjustment in the event it is 
found necessary to add or deduct fixtures to or from the schedule of 
fixtures forming part of this specification. 

TIME TO COMPETE. 

18 Bidders must state in the proposal sheet the time (month,day 
and year) when the entire work will be completed if they are awarded 
the contract. 

EXECUTION OP THE w 0RK. 

19 It must be understood as a part of this contract that the con¬ 
tractor is to manufacture and place fixtures in any room or rooms 
or portions of building, if directed by the Supervising Architect, 
ahead of and before completing work in other portions of t.ie build¬ 
ing. 

DESIGN OP FIXTURES. 

20 The fixtures with exception of type K brackets are to be for 
electric light only. 

The type M brackets are to be for gas onl;.'. 


21 The general design of each class of fixture is descrioed herein- 
and the schedule shows number of each type wanted. 

22 Drawing 250—A, attached to this specification shows general 
design of types C and E. 

23 The finish of all fixtures to be of flemish brass, before furn¬ 
ishing sane, however, a sample .of intended finish must oe forwarded 

for approval. 
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TYPE A PENDANT FIXTURE, 


24 This class of fixture must be of the best grade and finish 
carefully and artistically designed, and any ornamental work must 
be designed and executed in the very best manner. 


25 Fixture to be of spun metal with cast ornaments, each lamp to 
be on separate ornament, or if of arm construction arms to be of 
tubing cr cast design , the diameter of the fixture to be propor¬ 
tional to the number of lamps. 

26 Lamps to hang vertically and have frosted shades open at the 

bottom. 

27 This fixture to have a finial switch of a type to ally,? the 
lower projection of the fixture to act as a handle. 

26 Type A fixture is desired in the following rooms - 


1st floor - Superintendent, Superintendent private, Chief Clerk, 
Book-keeper, Cashier, Warrant Clerk, height Clerk, MeIters Office, 
Carriers* Room. 

2nd, floor - Office (large( and Assayers Office. 

TYPE "I" PENDANT FIXTURE . 

Fixtures of this class to be a pendant fixture of extra high 
g-ade ornamental design, of substantial dimensions and constructed 
in the very best manner. 

30 If fixture is supported by chain the links should be of square 
design drilled to conceal the wires. 

31 Fixture must be of a design ( either globe or arm ) suitable 
to the location and if of the globe type the cut glass used to be 
# 4 l/2 and interior lights used to illuminate this glass must be 
sufficient in number to clearly show colors of same and be in addi— 

tion "to number* of Xlglit-s noted on schedule. 

32 Type B fixture to be located on first floor in front corridor 
and main vestibule. 

TYPE "C" CEILING FIXTURE. 

33 Tvpe C ceiling fixture to be very flat, general design shown on 
drawing # 250 A, attached to this specification. 

34 The depth of entire fixture over bowl to be not over 8" and the 
spread over raetal to be about 22" % 

35 The bowl to be hinged to allow cleaning and to renew lamps, 

a ventilating space to be provided in metal casting or between cas*. 
ring and ceiling. 

36 Type C fixtures to be located as follows - 

Basement floor. All corridor lights, storage vaults and vault 
vestibule 1st floor, Rear corridor and vaults D,E,F,G and H. 
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Mezzanine floor, vaults H,K and L. 2nd floor. Rear corridor 
ceiling lights. 


TYPE "D" BRACKETS. 

37 Type D corridor bracket to be of all cast metal, neat and sub¬ 
stantial, the whole to be carefully and artistically designed, for 
a single socket in F.R.I. globe not less than 10" in diameter.socket 
to be so located that the bulb of a 50 c,p. lamp will come in the 
center of the globe. 

38 Type D to be installed as follows 1st floor. Main vestibule 
front corridor and stairway. 2nd floor corridors . 


TYPE "E" CEILING FIXTURE. 

39 Type E ceiling fixture of special design as indicated on draw¬ 
ing 250 A attached to this specification to be of spun and cast 
metal as indicated, workmanship to be first class in every detail. 

40 Type E fixture to be located in the engine room and on account 
of traveling crane must not be of greater depth with 16 c.p. lamps 
in place than that Indicated on drawing. 

TYPE "F" PENDANT FIXTURE. 

41 Type F pendant fixture to be designed on plain bold lines 
without special ornamentations and to be of substantial and heavy 
construction. 

42 This type fixture to be located in following rooms - 
Basement:- Receiving room, shipping room and engineers office. 
Mezzanine:- Custodians room and guards and guides room. 

floor:— Office (small) drafting and files room, and t to toilet 

rooms c 

Attic:- Inspection and supply clerks room. 


TYPE M G” CEILING FIXTURE. 

43 Type G ceiling Cluster to be similar to type H, in grade and 
finish, fixture to be all cast design v/ith cast*ornament, each socket 
of cluster to be in cast husk. 

44 Type G fixture to be installed in Mezzanine corridor. 

TYPE "IP' PENDANT FIXTURE. 

45 • Type H pendant fixture, must be of best grade and finish, 
carefully and artistically designed, any ornamental work to be**de~ 
signed end executed in the very best manner. 

46 Each light of fixture to be on separate arm and enclosed in 
round F.R.I. globe. 
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47 Type H fixture to "be installed in front corridor of 2nd floor-, 
TYPE "K" BRACKET. 

Type K bracket, to be designed in plain bold lines somewhat sim¬ 
ilar to type L but of better grade though without minute ornamenta. 

tion. 

49 This type to be installed as follows 

The two light brackets in rooms for Cashier, warrant clerk, 
weigh clerk, transfer room and coinerb office all on first floor# 

TYPE "1" BRACKET. 

50 Type L brackets, to be designed on plain bold lines without or¬ 
namentation and to be of substantial and heavy construction. 

Location for this type as follows - 

Basement, all brackets in basement and sub-basement. 

1 st floor, single light brackets in coiner’s office and make up room Sj 
Attic all brackets on this floor. 


TYPE "M" bracket. 


51 Type M bracket, for gas only, to be of design similar to type 
L, and" installed in positions as directed by Supt. of construction# 


52 NAVY COAL BUNKER FIXTURE . 

This fixture to be the standard heavy fixtures as used in this 
work, with heavy glass half globes, all of standard design properly 
protected with wire. 

53 Screen and globe hinged to allow cleaning and to renew lamps. 

54 Ventilating space should be provided in brass ring or between 
ring and ceiling. 

55 This fixture to he used in coal storage in basement. 


PORCELAIN REELECT OB FIXTURE. 


56 This type must be of plain substantial design and provided with 
vent around center of shade. 

57 Pendant fixture* ofo^thls^mus? havf ^iLete/at^s! 
^eat^t^wUrte^ spread of lamps. 

Basement. Toilet room, boiler room, in front of boilers, and econo- 
mizer room. 

58 Ceiling reflectors of this type to be located in the following 
rooms: »- 

Q «?h room boiler room over boilers and in sec- 
Basememt, we.L.i i oom, ash ’ 

tion between boiler and ash roon 
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59. Ceiling reflectors of this type -with pendant switches to "be 
installed as follows 

Basement, In passage-wa 3 r from boiler room to economizer room. 

1st flocr. Make up room, Attic, all ceiling fixtures except in 
rooms ol inspector and suppler clerk. 


MATERIAJS AM) FINISH. 

60. All materials used in the construction of the fixtures and 
their connections must be of the best quality and all workmanship 
must be of the best and upon completion of the work the same must be 
without flaw or defect of any kind. All castings must be fine and 
close grained and faultless in detail, sharp,clean and well defined 
Finish must be harmonious and uniform in tone, and highly polished 
where required by the designs. Brass to be used in the construction 
of all fixtures and to be composed of copper, zinc and tin in varia¬ 
ble proportions and must contain no lead or spelter. All curved 
and bent pieces must be true and regular and free from lcinks or 
bruises. Brazed joints must be used wherever practicable. 


SA.KPLES. 

61. The contractor will be required to furnish for approval sam¬ 
ples in triplicate of the proposed finish, and if required by the 
Supervising Architect, samples of the fixtures themselves. 

62. Samples in triplicate of fittings, switches,joints,etc., must 
be furnished by the contractor for approval. 

DRAWINGS. 

63. All bids must be accompanied by neatly made full size working 

drawings of each type of fixture, having listed thereon the dimen¬ 
sions of each fixture with the different number of lights as speci¬ 
fied and must show the general construction and dimensions of all 
parts conforming to specification requirements regarding fitting 
and detail construction and have noted thereon what parts of fix¬ 
tures are cast and what are spun metal; also the gauge of all casing 
■tubing, shells and canopies. } 


64. Drawings must be marked with bidders naae, design a shop num¬ 
ber and type of fixture. 

ACCEPTANCE. 

65,, The acceptance by the Department of any appliance or material 
named in the proposal submitted by the contractor is to be understood 
as an acceptance of same only upon its conformity to the specifica- 
„ tion requirements in relation thereto, and not as an absolute accep- ' 
tance of the article without respect to the requirements of the 
specifieation and due consideration will be given bidders with the 
most complete and detailed designs. 


PAYMENTS. 

66 . Payments will be made monthly on account 1 of the work satisfacto¬ 
rily in place in the building, based on the estimated value thereof 
as ascertained by the Supervising Architect less 20^ of such estimate 
which will be retained until the final inspection of all materials 
and labor embraced in the contract, and the acceptonce of the work, 
after which the payment of the balance will be made. 


NOTICE TO SURETIES. 

THE / T TENT I ON OF TRE SURETIES IS PARTICULARLY DIRECTED TO TEE 
FOLLOWING CONDITIONS: 

6? The final inspection and acceptance of the work shown by the 
drawings and specifications forming a part of the contract shall 
not be binding or conclusive upon the United States if it shall sub¬ 
sequently appear that the contractor has wilfully or fraudulently or 
through collusion with the representative of this Department in 
charge oi the work supplied inferior materials or workmanship,or has 
departed from the terms of his contract. In any such case the United 
States shall have the right, notwithstanding such final acceptance 
and payment, to cause the work to be properly performed and satisfac¬ 
tory material supplied to such extent as in the opinion of the Super¬ 
vising Architect may be necessary to finish the work in accordance 
with the drawings and specifications therefor at the cost and expense 
of the contractor and the sureties on his bond, and shall have the 
right tc recover against the contractor and his sureties, the cost 
of such work together with such other damage a as the United States 
may suffer because of the default of the contractor in the premises, 
the same as though such acceptance and final payment had not been 
made 0 


FIXTURE TUBING AND CASING 
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68 Tubing for supporting fixture must be what is known as extra 
heavjr and be not less than 3/e" diameter pipe and fixtures over four 
lights to be not less than l/2 n diameter pipe. 

69 If chain is used to support type B the links are to be drilled 
so wires will be concealed. 

70. All casing must be of sufficient size to freely admit of the 
introduction of all wires without abrasion of the insulation. 

71, Tubing to be not less than # 17 and casing not less than # 21 

B and S gauge. 

CANOPIES. 

72 Ceiling canopies to be constructed of not less than #21 3 and 

S gauge metal and must be ample in size to cover all cutout boxes, etc, 
which are about 4” in diameter and extend bevond same all around at 
least 1/2”, 

SHADES AND GLOBES. 

73 Shades or globes where desired for fixtures must be sufficient¬ 
ly transparent to render at least 75^ of the light available and 
effective. 

74 No electric lamps are to be furnished. 

SHADE AND GLOBE HOLDERS. 

75 Fixtures must have shade and globe holders where necessary and 
must be cast of the husk pattern enclosing the socket and must be a 
part of the fixture. The outlines of the husks must be graceful 
and those having ornamentation must have same executed in sharp 
lines. 

SHAUfe*’ AND CLUSTERS. 

76 The clusters under "Porcelain Reflector Fixture" to T>e supplied 
with flat porcelain shades of ample size fcr the number of lights 
called for and be held in place with substantial metal shade holders 
secured in best manner to fixture. Vents to be left around support¬ 
ing tube to allow free passage for heated air. 

BALL JOINTS. 

77 In all cases where ceilings are over 14 f 0” high, fixtures of 
four or more lights must be hung with ball joints of the latest and 
most approved pattern, secured with set screws or other device to 
prevent the revolution of the fixture. 


SWITCHES. 


78 Each fixture, types A and F, of four or more lights, must be 
provided with a final switch separately controlling each light on the 
fixture. These switches must be placed in the lower part of the 
casing or bottom shell of fixture and the lower brass finial of fix¬ 
ture is to serve as a controlling key to switch. Switches must be 
constructed of metal and porcelain or glass and must contain no 
fibre or combustible material. 
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^ Q All switches to he constructed for a 220 volt service# 

SOCKETS# 


80 Keyless sockets to he supplied to all electric fixtures except 
types K and L c 

SI Sockets must he for 220 volt current, fibre lined and equal 
to General Electric Company's standard sockets Nos 9386 and 9392 
and must have a finish uniform with the finish of fixture to which 
they are attached# 


WIRING, ETC, 


82 


All fixtures must he wired for lamps in multiple are th* 

! f «“* t<\l* of sufficient site to aL?Ttii. s^e ia^ing 

P y of not j-ess than six tenths (0.6) ampere per lamp. Wires 
1 ,/i XtUre branches or single lights must not he less than # 18 B 
ana S gauge, and stem wires must he of a size equalizing the safe 
carrying capacity required for the entire number of lightB on the 
fixture at the amperage above stated. 


83 Insulation cf the wires must he of the best grade suitable for 
fixture wiring and must fulfil the following requirements:- Insula¬ 
tion must he solid with a slow burning, tough outer covering, and 
show an insulation resistance between conductors and between either 
conductor and the ground of at least one megohm. 

84 Short bends and splices in wires must be carefully wrapped 
with insulating tape, and all splices must be soldered. All *ire* 
must be concealed in casings and shells of fixtures and left of 
sufficient length at upper end to make connection to supply wires* 


A.i.1 ours or fins must be removed before conductors are drawn 
into fixtures, and the upper end cf fixture must be sealed to guard 
against tne tendency tc condensation within the casings. 


fixturli t e -v & -hi n § ° f £ ix 3^ e wirin S and hanging and connecting of 
ilxtures to be done by this contractor. 


All fixtures tc be tested for ’’grounds" and ifehort circuits" be- 
fore being connected to the supply conductor, and must show an in¬ 
sulation resistance of not less than one megohm. 


DELIVERY OF FIXTURES. 


Fixtures must not be shipped to the building under any condi¬ 
tion without first obtaining permission of the Supervising Architect 

to ao so, am not until after the shop inspection hereinafter called 
for has been maae. 


INSPECTION AND TESTING. 

The fixtures will be subject to inspection at any time during 
manufacture by a representative of this office, and upon completion 
will be inspected at the shop before shipment is mad* and at the 
building when delivered, and when in position. Contractor must give 
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The Supervising Architect 10 days notice of his readiness for a 

shop inspection. The shop inspection is not to he construed as 

accepting any defective material or workmanship which may exist in 

the fixtures t or which may develop during test. 

SCHEDULE. 

The following is the schedule for fixtures and the successful 
bidder will be furnished with a set of plans for use in properly 
locating the different types. 


91 Type. 


Humber. Lamp Ceiling Clear height of 

Sockets. Height. Fixture above floor. 



A 

1 

12 

16* 0" 

7 1 0" 


ft 

3 

10 

9f 

it 


ft 

2 

8 

II 

it 


It 

1 

6 

ff 

it 


f! 

1 

6 

11* 0" 

6*6" 


n 

9 

4 

16* 0” 

7 f 0" 


Total A. 

17 




92 

B 

1 

16 

22* 6" 

11 1 5” 


¥1 

1 

10 

it 

it 


ti 

8 

10 

19* 6" 

n 


Total Bo 

10 




93 

C 

3 

6 




11 

27 

4 




tl 

6 

3 




n 

3 

2 




Total C, 

39 




94 

D 

54 

1 



95 

E 

II 

13 

4 

Curved Base, 




4 

4 

Plat Base. 



Total I 

17 





96 


F 

It 

f! 

II 

If 

If 

It 

II 


1 

1 

4 

3 
2 

4 
2 
1 


6 

6 

4 

4 

4 

3 

2 

2 


11 * 
10 » 
16- 
11* 
10 ' 
16* 
11 ' 
13* 


0 ” 

8 " 

0 " 

0 " 

8 ” 

0 " 

0 " 

6 " 


6 * 6 " 
n 

n 

n 

t* 

It 

It 

n 


Total P 


18 


Type 


14 


97 

98 


a 

5 


Number. 

7 

6 


98 Navy Coal 
Bunker. 


100 Bracket K. 10 

101 1 22 

L 28 

Total L. 50 
102 M 11 


Lamp 

SockeSs 


8 

5 


Ceiling 

Height. 


Clear height of 
Fixture above floor 


17’ 0" 


Heavy Glass Half 
Globes. 


2 

2 

1 

1 gas burner. 


10 * 6 ” 


103 Pendant 

Porcelain Re¬ 
flectors. 4 
2 

Total 6 


4 

3 


20 * 6 " 
10 * 5 " 


13* 6 ” 
o* 5" 


104 


Ceiling 
Porcelain Re¬ 
flectors. 22 
1 
8 


Total 


105 


31 

3 

2 

6 


4 

6 

3 


1 

2 

3 


At ceiling with Pendant Switches 

n n n H 


At ceiling 

ti n 


ii 


it 


Total 


10 


James Knox Taylor, 


Supervising Architect 


PROPOSALS FOR FURNISHING AND PLACING THE LIGHTING FIXTURES FOP THE 
U.S. MINT (NEW) AT DENVER, COLORADO, 


N.B. After this proposal sheet is filled out it shall not oe for¬ 
warded under frank, hut must he detached and forwarded under sepa¬ 
rate cover, with postage prepaid by the bidder. 


1904 


Tc the 

Supervising Architect, 

Treasury Department, 
Washington, D.C. 


Sir: - 

106# -_hereby propose to furnish all labor and materials and 

place complete the lighting fixtures called for under type in 

accordance with the specification and as called xor by the drawings 
for the U.S. Mint, (new) at Denver Colodaro, for the sum of . - 


PRICE each for 4 light pendants- 


PRICE each for 6 light pendants - 


PRICE each for 8 light pendants- 


PRICE each for 10 light pendants - 


PRICE each for 12 light pendants- 


($ 

(* 

(S 

(* 


<$ 


($ 


) 

) 

) 

) 

) 

) 


l7 _hereby propose to furnish all labor and mate¬ 

rials and place complete the lighting fixtures called for 
under type "B" in accordance with the specification and 
as called for by the drawings for the U.S. Mint (new) at 
Denver Colorado, for the sum of 


PRICE each for 16 light pendants - 


:$ 


($ 


) 

) 


PRICE each for 10 light pendants - 


) 














Denver Mint (new) 
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_hereby propose to furnish all labor and materials 

and place complete the lighting fixtures called for under type 
in strict accordance with drawing Ho. 250 A and the speci¬ 
fication for the TJ.S. Mint V nev/) at Denver,Colorado, 
for the sum of 


PRICE each for 2 light fixture 


PRICE each for 3 light fixture - 


PRICE each for 4 light fixture - 


PRICE each for 6 light fixture - 


it 

<$ 

(§ 

■($ 


10S -hereby propose to furnish all labor and materials 

and place complete the lighting fixtures called for under 
type "D" in strict accordance -with the specification and 
as called for by the drawings for the TJ.S. Mint (new) 
at Denver,Colorado, for the sum of - 


-Vie 

PRICE for each fixture - 

--- it 


HO _ hereby propose to furnish all labor and mate¬ 

rials and place complete the lighting fixtures called for 
under type "E" in strict accordance with drawing #2oO A, 
and specification for the U.S.Kint (new) at Denver, Col¬ 
orado, for the sum of - 


PRICE each with curved base 


PRICE each with flat base - 


($ 

it 

■it 


HI _hereby propose to furnish all the labor and 

materials and place complete the lighting fixtures called 
for under type "E n in strict accordance with the specifi¬ 
cation and as called for by the drawings for the TJ.S.Mint 
(new) at Denver,Colorado for the sum of - 


PRICE each for 2 light fixture - 


it 

($> 


PRICE each for 3 light fixture - 



















Denver Mint (new) 

Tvpe "J"- 

PRICE each for 4 light fixture - 


PRICE each for 6 light fixture - 


(* 

(♦ 


112---hereby propose to furnish all labor and material 

and place complete the lighting fixtures called for under 
type^"G" in strict accordance with the specification and 
as called for by the drawings for the U.S.Mint (new at 
Denver, Colorado, for the sum of - 


- ($ 

PRICE for each fixture - 


_(* 

113 -hereby propose to furnish all labor and mate 

rials and place complete the lighting fixtures called for 
under type B H" in strict accordance with the specification 

and as called for by the drawings for the U.S.Mint (new) 
at Denver, Colorado, for the sum of - 


—.-.—.--($ 

PRICE f'n each fixture - 

---(I 


114 -hereby propose to furnish all labor and matei 

rials and place complete the lighting fixtures called for 
under type "K" in strict accordance with the specifica¬ 
tion and as called for by the drawings for the 17.S. Mint, 
(new) at Denver, Colorado, for the stun of 


----($ 

PRICE for each fixture - 



115 _hereby propose to furnish all labor and mate¬ 

rials and place complete the lighting fixtures called for 
under type "L" in strict accordance with the specifica¬ 
tion and as called for by the drawings for the U.S.Mint, 
(ne^) at Denver, Colorado, for the sum of - 


PRICE for^J'light fixture - 


PRICE for each 2 light fixture - 


(* 

($ 
















116---—hereby propose to furnish all labor and material 

?, n 4e P ™ e in°-?^ct thS jilting fixtures called for under 
l '^ e *'* 111 strict accordance with the soecifioa+inn 

v-? nt a f ca ^- 1 ^ ci ior in the Schedule attached, for the TJ.S. 
hint Denver, Colorado, for the sum of- 


PRICE for each fixture - ^ 

-- - 

» srbs“ ‘ . ^nsjTrsK,r&.. 


PRICE fc^ each fixture - 

-V -o' 

r^T^oTco«%^ called** ' 

ance Un "^ " P ° r ? ela ! n HefleSora? in^rlcYSc^d- 
Ben. e ;, Colorado*°for C the°3tm°of*-! ^ ■ 1Uat < ae ”> at 


PRICE for each 3 light pendant”- 

PRICx for each 4 light pendant- ('■ 

PRICE for each 3 light ceiling fixture'^ tb~ZZ~^~~7 -^ 

^ 1 ’72 tn pendant stvitcJh- 

PRICh for each 4 light ceiling fixture with pendant switch- 

PRICE lor each 6 light ceiling fixture with pendant switch. 

PRICE for each 1 light ceiling fixture - ^ 

PRICE for each 2 light ceiling fixture - 


Pt.ICE for each 3 light ceiling fixture- 


Time to complete the entire work 


:a 



















Denver, Mint (new) 
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SIGNATU3UZ 


ADDRESS 


liases of Individual Members of ?irm- 


Nane of Corporation- 


Name of Secretarv- 


Hame of President- 


Under what lav/ corporation 
is organized - 












> 


V 


cv\ s r 


T ' < »\ » Tyv. \y ' v'M'* p 

kc>; - 


' ‘ ^ <V f 




<■ 

£ 









TYPH C 

SPR.EAD AP.OUT 22 W 




fcEQyik.ED 


■4 WITH f i>Vt £ASti 
13 WITH CURVED BASE- 


Eat ji * A j„- 





•U-5-Hrm*- TYPE E 

•DEMVEIL-COL' • EAKfJ.NE • DOOM • 




2Sc> A. 5IZ 
±7y'C: l _ i\-*\ 'lu4 • 



SOOT li” * J8" oven all. Jf ‘ ,C ' r * ' 'Cf ' 

‘ v/3-^y <H 
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TREASURY DEPARTMENT, ) 

OrFKTS or THE 8UPBBVWINO ARCHITECT l 
Form 134 B.—E<1.9 18 1Q<J2 7,000. ) 

INSTRUCTIONS TO BE FOLLOWED IN EXECUTING THE FOLLOWING INSTRUMENTS. 


bond, ^ C1IRISTIAN NAMES (one or “ore) must lw written in full in the body of the 

be signed with th^FTKM SAME without^T ER f H . IP con,;,,ru ' tbe CONTRACT must 
by EACH moralter of the Arm ’ wu™ ' and tho BOND “ Ulrt '* O’iOicd and sealed 

contract and bond must be sinned in party ia a CORPORATION, the 

oJBcor of the corporation ■ there must I C ° RB p RATE NAME by tho duly authorised 
evidence that the offl “r erl uHnn tho ™ ^ *° th ° contract duly Huthentlcated 

that he has been duly ZEfEZ&g?™"* to du «• aad 

tho contract and bond. In tho event that « * cor J!° rato mu8t ** uffix ‘ Hi to lKjth 

should be shown ; and in such ease a seiU corpor * tlon no corporate seal, the fact 

the time being as the seal of the corporation ” Waf ° r 8h ° Ul<1 ,>0 a<1 '“ pted and UHI,d for 

th£n£T d mU8 ‘ * *** 1 aD<1 010 bond >» o' ‘he same (or subsequent) date as 

names :m witnesses” mUSt ^ niH<il> m tRo t >reson «« of two persons, who must sign their 

qualified' tUMkaTtho Actof^Coitgres^Jf Augttst Ua », im .Hu»y VjI* p t**Fassole ’surety. 

5. Seals of wax c>r wafer must be attached to tho signatures on the bond of the prin¬ 
cipal and sureties. No seals are required to signatures on contract, exfjept corporate seals. 

6. A married woman will not bo accepted as surety. 

7. The sureties must justify in amounts the aggregate of which will bo equal to at 
least twice tbe penalty of the bond. 


This rule applies to corporate as well as individual sureties; and corporate sureties 
will also bo required to attach to each bond a copy of the /o*f statement of their assets 
and liabilities, as rendered pursuant to section 4 of the Act of Congress of August 13,1894. 

8. Each surety must make and sign an affidavit of the amount he is worth over and 
above all debts nnd liabilities, and such exemptions as may be allowed by law. 

9. Sureties, other than corporate sureties, must state under oath that they are not 
responsible as sureties on any other bond ; or, if so liable, the amount of such liability. 

10. The affidavits of sureties must be taken and subscribed before an officer 

authorized to administer oaths generally, who must certify that he administered tho 
oaths. If the affidavits are taken before a clerk of a court of record, a United States 
commissioner, or a notary public, whoso official seal is thereto affixed, or before a jud#« 
of a United States court, authority to administer the oaths need not be shown; bnt If 
taken Wore any other officer, or if the official seal of the clerk. United States commis¬ 
sioner, or notary, is not affixed, the authority to administer the oaths and the » 

character of the officer must be duly certified. 

11. A judge or clerk of a court of record, a United States attornev nr a..TTnlt>^ 

8 GTimn'amf, except in the case of a judge of tho United States courts or a 

United States attorney, if the person certifying has no seal, his official character must 
be duly certified. The foregoing does not apply to corporate sureties who have complied 
with rule 7 horeof. 

12. The residence of principal and sureties must be distinctly stated. 

13. All erasures nnd interlineations in contract or bond must be noted above the 
signatures of the witnesses as having been made before the execution thereof. 


CONTRACT 


BETWEEN THE 


UNITED STATES OF AMERICA 


AND 




ttitohell V tuio o Co!npiUly_ 



6 ( &SXiXCVCU$ r By advertisement, duly made and published according to law, proposals were asked, for furnishing all of the labor 

7 and materials for the work herein provided for ; an<L —---- 

A ( 02XI XCVCXtS, The proposal of * i & 


ny 




it 


execute a contract in accordant?** 

aft 


9 furnished in response thereto, was duly accepted, as hereinafter stated, on condition that 

10 with the terms of said bid. -—-—---— 

11 thCVCf0VC T this agreement, made and entered into by and between • • - r > 


12 Secretary of the Treasury, for and in behalf of the United States of America, of the first part, and 

13 C0J tlon organised um’cr the laws of the f'tute of Hew York, 

fiC6C in aTT' York f » — 

_ .. ._- ------- of the second part, 

16 "QiQIittteSBetix: That the party of the second part for the consideration hereinafter mentioned, covenants and agrees to and 




17 with the party of the first part to furnish all of the labor and materials and do and perform all the work required 

18 . - •• -r> t-c lighting i'i fl lor the 'Tint iSuilding, at Uonvor, 'olorado^ 

19 ~ 

* . 

20 
21 
22 

23 

24 

25 

26 
27 






-1 


% 
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f ,iii(I full accordance with the requirements of drawings numbered 100,101 , 102,103,107,ICG Jjqfc: , 109,112,113, 
2l30 t 250-A, :^-08,KW-89,]W-90,rai-91,Ef-92,;.72,273,274,: 7f, P7G. 277,278,279,280,281,282,263 
3 and £84, ihe schedule; __:_ . 


detail drawings as may be furnished to the party of the second part by the Supervising Architect of the United States 

lb paitmcnt. the advertisement for proposals, dated Larch 31, 1904 - ; the specification for the work ; 

7 the proposal dated Apx*il PA v t / 

• ■ L * /U * -- , addressed to the said Supervising Architect by the said party of the 

8 second part; and letter dated ’v 1 A 

9 B I™ i ' 3 * 1904 - ’ addressed the sai<1 l ,ar, - v of ,1 "‘ second part by 

^ Assistant Secretary of the Treasury, accepting said proposal; 

12 



20 commenced promptly upon receipt of notice of the approval of the bond hereto attached, and that the same shall be carried on in such 

21 oi-der and at such times and seasons, and with such force as shall from time to time be directed or prescribed by the Supervising 

22 Architect or his representative, and that the. same shall be completed in all its parts * 


23. 




*2A Umm* uw Wo l tH*vt n v»(x»rin.1» ««W11 Ho of Iho VOry Intsfc quality of tllOH TGSpCCtl VO 

ZZ zzr zrz: «"«—-'c “ —• «»*•• —*.... 

.I ’ wort ,rt*d Ml be l» .v-y «»«* » <*• —" - ““ 

“ A „ tta »,a party ef t„e ..cod par. e.pr-y —. - •— “ « "»*' — “ ** ^ 

eatisfoeloiy perf.rn.oo. and fol«l»». of 11 .He -» ** — 


29 

30 

31 

32 

33 

34 

35 

36 

37 

38 
3ft 
40 



41 

48 


tue 


- -greed by and between th» 

^ rr^rr"' 1 - ---—— ri:--—-- - „ 

j ;r r* m - - - -y - rcr bi Md * - -—^ - - - - 

« -«»of «*»* «* «* every d.y tll , ^ *“•* « »« „ . *«“* 

« Hereby e w ^ ^ *"»~ - - - V " ~~- * " 


• —* "eted, JZ; *” ° f “• — »WH 


said 




**" '* b, th y 


18 


Party of the 
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1 in strict and full accordance with 

ol _ A , ..... w, th the requirements of drawings numbered 100,1C], 102,103,107. pft 

> Br-n.w-w, sti. ms. tit - « 

3 enfi £84, the schedule; _1_ * 


,i.y,ii2,ii3, 

276 , 277 , 278 , 279 , 280 , 881 , 282 , 2^3 


6 and such other detail drawim™ 

« DepaM „ eM . .. , . , CmM ^ 10 °' “»" d «* <* 3»per™»g i« hiMct of tte Uoiw aaUll 

c at vertisement for prooosals. dated t’HTnh 71 io r,A 


7 .. ' proposals, dated fcarch 31, 1904 

the proposal dated April 26 , 1904 _ 

8 secondl part; and letter dated Say 1 3 , 19Q4 

» H.A.Tnricr, Acting 



■> tl» e specification for the work ; 
addressed to the said Supervising Architect by the said party of the 

, addressed to the said party of the second part by 
Assistant Secretary of the Treasury, accepting said proposal; 


16 a true aud correct copy of each of which said papers is attached hereto and forms a part of this contract; and which said numbered 

17 drawings, bearing the signature of the said Supervising Architect and the signature of the said party of the second part, are on file in 

18 the Office of the Supervising Architect of the United States Treasury Department, and are hereby made part of this contract. 

19 Aud the said party of the second part further covenants and agrees that the work herein agreed to be performed shall be 

20 commenced promptly upon receipt of notice of the approval of the bond hereto attached, aud that the same shall be carried on in such 

21 order and at such times and seasons, and with such force as shall from time to time be directed or prescribed by the Supervising 

22 Architect or his representative, and that the same shall be completed in all its parts wIKiiA bjT July 1 1 1'.‘ 4 

23 - - -- — ■ — 

24 from Urn «twdammlO i e i » €4«»^tt a oh od ■; that all materials used shall be of the very best quality of their respective 

25 kinds,* that all the work performed shall be executed in the most shillful and workmanlike manned ana ti««t i»»tu m.o 

26 used and the work performed shall be in every respect to the entire and complete satisfaction of the Supervising Architect. 

27 And the said party of the second part expressly covenants and agrees that the bond hereto attached shall be security, also, for the 

28 satisfactory performance and fulfillment of all the guarantees set forth in or required by said specification. 

29 






30 

31 

32 

33 

34 

35 

36 

37 

38 

39 

40 

41 

44 







1 *dy eo\ en,inted and agreed by and between the parties hereto ^hat time is aud shall be considered as of the essence of 
45 the contract on the nart nf . 

* 1 tne party of the second part, and in the event that the said party of the second part shall fail in the due 

jx ri )rmam<. ol the entire work to be performed under this contract, by and at the time herein mentioned or referred to, the said party 
ol tIl( s<toI1<J ft kall Pay unto the party of the first part, as and for liquidated damages, and not as a penalty, the sum of 

48 Tnonty 

49 sum of ^ enty - 


dollars, for each and every day the said party of the second part shall be in default, which said 
- dollars per day, in view of the difficulty of estimating such damages with exactness, is 


60 ber6hy expressl fixed > estimated, computed, determined, and agreed upon as the damages which will be suffered by the party of the 














3 


1 liret. part by reason of Ruch default, ami it is uudei-sfcood and agreed by the parties to this contract that the liquidated damages 

2 hereinbefore mentioned are in lieu of the actual damages arising from such breach of this contract; which said sum the said party of the 

3 first part shall have the right to deduct from any moneys in its hands otherwise due, or to become due, to the said party of the second 

4 part, or to sue for and recover compensation or damages for the nonperformance of this contract at the time or times herein stipulated 

5 or provided for. 

I he party oi the second part further covenants and agrees to hold and save the United States, its officers, agents, servants, and 
employees, harmless from and against all and every demand, or demands, of any nature or kind, for, or on account of, the use of any 
X patented invention, article, or appliance, included in the materials hereby *%a*eed bo be furnished under this contract. 

It is further covenanted and agreed by and between the parties hereto that the said party of the second part will, without expense 
10 t0 United States, comply with all the municipal building ordiutffceH and regulations, in so far as the same are binding upon the 
1 1 United States, and obtain all required licenses and permits, and be responsible for all damages to person or property which may occur 

12 in connection with the prosecution of the work ; that all work called ffir by the drawings and specifications, though every item b© not 

13 particularly shown on the first or mentioned in the second, shall be executed and performed as though such work were particularly 

14 shown and mentioned in each, respectively, unless otherwise specifically provided; that all materials and work furnished shall bo 

15 subject to the approval of the said Supervising Architect; and that said party of the second part shall be responsible for the proper care 

16 and protection of all materials delivered and work performed by said party of the second part until the completion and final acceptance 

17 of same. 

18 It is further covenanted and agreed by and between the parties hereto that the said party of the second part will make any 

19 omissions from, additions to, or changes in, the work or materials herein provided for whenever required by said party of the first 

20 part; the valuation of such work and materials to be determined on the basis of the contract unit of value of material and work 

21 referred t«o; or, in the absence of such unit of value, on prevailing market rates; which market rates, in case of dispute, are to be 

^ 0©\.©Vni\T\©c\ by tihe SuyMirvisiTlg Architect, whoso docitiion with Hifononoo thereto Rhull |>o bitiUiu^ iij>oij hoMi • uixi t.lmt net 

23 claim for damages, on account of such changes or for anticipated profits, shall l>© made or allowed. 

24 It is farther covenanted and agreed that no claim for compensation for any extra materials or work is to be made or allowed, 

25 unless the same be specifically agreed upon in writing or directed in writing by the party of the first part; and that no addition to, 

26 omission from, or changes iu the work or materials herein specifically provided for shalt make Void or affect the other provisions or 

27 covenants of this contract, but the difference in the cost thereby occasioned, as the case may be, shall be added to or deducted from the 

28 amount of the contract; and, in the absence of an express agreement or provision to the contrary, no addition to, or omission from, or 

29 changes in the work or materials herein specifically provided for shall be construed to extend the time fixed herein for the final 

30 completion of the work. 

31 It is further covenanted and agreed by and between the parties hereto that all materials furnished and work done under this 

32 contract shall be subject to the inspection of the Supervising Architect, the superintendent of the building, and of other inspectors 

33 appointed by the said party of the first part, with the right to reject any and all work or material uot in accordance with this contract; 

34 and the decision of said Supervising Architect as to quality and quantity shall be final. And it is further covenanted and agreed by 

35 and between the parties hereto that said party of the second part will without expense to the United States, within a reasonable time 

36 to be specified by the Supervising Architect, remedy or remove any defective or unsatisfactory material or work; and that, in the 

37 event of the failure of the party of the second part immediately to proceed and faithfully continue so to do, said party of the first part 

38 may have the same done ami charge the cost thereof to the account of said party of the second part. 

39 It is further covenanted and agreed by ana nerween m* i™ — — ~~ --of, and payment 

40 for, all of the material and work herein provided for, no prior infection, payment, or act is to be construed as a waiver of the right '« 
42 the p ar ty of the finst part to reject any defective work or material or to require the fulfillment of any of the terms of the contract. 

42 It is further covenanted and agreed that the party of the finst part, shall have the right to require that any particular portion of 

4.-} the work herein provided for shall be completed within such time as may he hereafter definitely specified by the said party of the first 
44 part iu written notice to the said party of the second part; and that should the said party of the secomljKtrt fail to complete such 


*> * 


4 


1 particular portion of the work with;,, <i .• 

2 to. or , , , “ ““ “" re ’° rt “"“I*- "» “> »»'">« ■i'U. to 

a ... ” r, ' r0,i "" d 

4 w«b„.„d „,, WM1 „ f “ . . . ““ “ ,ld *"* **“■ “* " mlMm «* W or a. to. ,»r. ,„ w 

5 .la,.-.,,,. ... or ~d ia sathorized ,„d .mpo.e™!, .to dgb7 

6 or to™,., ' .. “' led ” *** “'•"fop, ofltc'e, or ,„„„, pto, or .„0„0, or -to ^ 

r. ,„ t „o 77 ^ -* ^ ■* ^ ^ *« - » -*—««.*.- **. 

. „ U « ork w| „; J “* l " rtJ ° f ““ “ "* f “ «- ""'of -J «*« ™ tfv», ,0 too O, to 

9 too,,,, '" ' ' .. “" "" hl ” r> ' ""f *«** «»J ill materials l,oloo e i„ t . to to«a,d part, or to 

10' to 1. .. ' !c| " ". . 'Old party flte Sanaa,, part, to complete or hare completed to add work, aud 

1 1 default of <1, 11 ^ thf U1Un ' ,;llS ’ and toolti ’ or wliatov ^« ,l; ^aofer^'necessary to be purchased or supplied by reason of tfie 

12 iDf . urre<1 „ . U t ' V ,, t,K Se<, ° m! Part ’' ln Wh,>l1 *™ at thfi Haid party of th,, sp, '- ontl I«rt he further liable for any damage 

"° ngh 81,0,1 d< ‘ faulf ' au<1 an y and all other breaches of this contract. 

, „ It Wf,,rther WVemM,ted an<1 ^ that Said ° f th ° firet “hall ^‘ve the right of suspending the whole or any part 
, r " n, "°' k U,reU '™" trM ^bedone, whenever, in the opinion of the Supervising Architect, it may be necessary for the purposes 

" ,,U an<a "' 01 ’ ^ k ’ a " d UI> °" 8UCh ° CCa8iOQ or O00a8i0n8 the 841,1 Party of the second part shall, without expense to the United 
, »«**, properly cover over, secure, and protect such of the work as may be liable to sustain injury from the weather, or otherwise ; 

P—h‘<i that for all such suspensions and other delays caused by the said party of the fin* part the party of the second part shall be 

18 “" 0W Wl °“ e <lHy H, ' d ’" OUaI 10 the H ' ne herein Stat “' d ’ f ° r ^ and wery da y of such delay so caused, in the completion of the contract, 

thC 8811,6 <0 bC “- d *** Supervising Architect; provided, that, no claim shall be made or allowed to the said party of the 
* C °" d Pii, t f ° r a “ y di ‘ raagtB which may arise out of any delay caused by the said party of the first part. 

Z v .. r ,,K ‘ K8id 1>arty ° f tb ° ^ ^ f ° r aUd 111 ^ United States, covenants and agrees to pay, or cause to be 

1 ' m ’ to H ‘ e ^ Pttrty ° f ^ — 3 - rt - o° - » —• — ..... __ .. . 

23 in WU ' " ,0,,ey ° f the Stote8 ’ iD or the herein-recited covenants and ^ZeT ZZ hy the party of 

24 the second part, the sum of Seven thousand tvo hundred forty-aeveii dollars and fifty 

25 r$7 - 247 * 50): 8U0h pey ^ nt t0 te i» the manner prercribod by p.ragrapb’^y^nts- 

26 ° n pSfe 9 ° f SGi3 and all retained percentages of snob prioo shall * 

7 


27 

28 

29 

30 

31 

32 

33 

34 

35 

36 

37 

38 

39 

40 

41 

42 

43 
14 


I 



45 - 
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1 tlm and Agrees that payment s wi l l he m a de in tho following nnmn e r i vio i n wofry^pei-acot 

2 «> t t.hu V i du u- q l- Uu* wurl» ovwn^><| unt null y in phiruy t<i t.lio ^•■i.t.iw(:i <«.f~.imi of Hit> pfl^fy ckf hrwf p tt w tj will « he tO time 

3 a>s 44 ^-w 4 M-k- tw^rw ^ (th o m Ui valu e to - be a s c e rtained by tho party »f t h e firs t pait), nrvd ten-per cent will be le fc gfti ed until 

4 the completion of the -entire-^k- aiwl flip n.pp r pvql un.l «»^.npf»m>i> nf Mia na.in » hy Uio party of-ihe firflt...pajh r mhi flhAmount Hhfl.11 be 

5 forfeited by said party of the second part in the event of the nonfulfillment of this contract; it being expressly covenanted and agreed 

6 that said forfeiture shall not relieve the party of the second part from liability to the party of the first part for any and all damages 

7 sustained by reason of any breach of this contract; provided, however, that no payment hereunder shall be due to the said party of the 

8 second part until every part of the work to the point of advancement reached—on account of which payment is claimed—shall be found 

9 to be satisfactorily supplied and executed in every particular and any and all defects therein remedied to the entire satisfaction of the 

10 said party of the first part. 

or Delegate to, 

1 1 It is an express condition of this contract that no Member of^Oongress, or other person whose name is not at this time disclosed* 

12 shall be admitted to any Rluire in this contract, or to any benefit to arise therefrom; and it is farther covenanted and agreed that this 

13 contract shall not be assigned. 

%\\ witness UllXCVCOf, The parties hereto have hereunto subscribed their names this 

__ 14th—day of ’Jay-&.D. 1904. 


14 

15 

16 

17 

18 

19 

20 
21 
22 


4, B 

O H 


•J 
22 
o ® 

<2 


22 

£3 


,zi\j .u.'jfi in lirico ££ und £4, pt^'0 t-ncl lines j ‘t, i • o <-■ 

interlineation in line il, page 5,‘were made bei'ore the execution 


\V C K, r. l.y certify that this coiUrnct and bond have bt en correctly 

and compared: 


J. b. .TTetmore 

Chief of the Laic and Records Division. 

Jamen C.Plant 

Chief of the Computing Division. 


r .A.Taylor 

Acting Secretary of the Treasury. 

Kemper 


l 


o 

t 


Witnesses to the signature of the Contractor: 


G.B. Co f§:e shall 
Chae .1 . Bonnor 


Tho Mitchell Vance Company S”A1 
3y- John K.Selmee, Trest. J 

Contractor. j gSfSSl," 


NOTE.—Read rules carefully before executing. 
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13 O ISTD. 


2 ?>'tuuu all men by these presents, That we, 2he Mitchell Vance Company, a corporation organ! 

3 under the laws of the State of Dev York and having executive offices in --- x 

4 __- — - 


0 of the City of 
0 State of 

7 A1PIUCA1I 

8 

of the City of 
State of 

11 of the City of 
*2 State of 
13 the sum of 


Hot York. 
Bar York. 


y -County of 


ffovr York, 


__ _ , and 


•rrrrr ccctajtt op its? yofk. 

Few York 
Bar York 


J_ , principal , aud 


, County of 
, and 

, County of 


lev York 


, and 

, a»a\ 


, suret- Y , tire held and firmly bound unto the United States of America in 
Thirty-six hundred aollaro f $3 600.) _ lawful 


11 money of the United States, for the payment of which, w’ell and truly to be made t-o the United States, we bind ourselves, our heirs, 

1.) executors, administrators, successors, and assigns, jointly and severally, firmly by these presents. 

l»i Sealed with our seals and dated this 20th—dt of—fay A.T. 1004. 

* ‘ 5>hc condition of the aberue obligation is such, That whereas the said ^- c itch.'. . i. • inv 

1 s .. . . — — - - . . m mm ■- entered into a certain contract, hereto attached, with 


!!*. 


H.A.Taylor, . i.' 


20 bearing date the 14th day of Y.uy A.D. 1904^ 

2 1 Company _ 


Secretary of tlie Treasury, acting for and in behalf of the United States, 

ho '-.itchell Vance 


JVoic, if the said 

T - 


22 shall well and truly fulfill all the covenants and conditions of said contract, and shall perform all the undertakings therein stipulated by 

2 3 V * to be performed, and shall well and truly comply with and fulfill the conditions of, and perform all of the work and furnish all 

2.V Ums\u\>ot aw\ nuv,t«na,\Brequired V>y, any ami ft\l changra in, or addliioiui to, oroniiKHioiui ft-tim. Hai<i oontnu't wiiiHi m»y honwftor ixt mitde, 
25 and shall perforin all the undertakings stipulated by it* to be performed in any and all such changes in, or additions 

20 thereto, notice thereof to the said suret V being hereby waived, and shall promptly make payment to all persons supplying 

27 it labor or materials in the prosecution of the work contemplated by said contract, then thiB obligation to be void ; otherwise, 

28 to remain in full force and virtue_ _— ----——————• - 

The Uitohell Vanoe Company 


%\\ testimerni} xufteveof, The said 


, principal , and 


29 

30 

31 

32 

33 and 

34 have hereunto subscribed their hands and affixed their seals the day first above written. 


:■:* 'micas stP.STY colspahy oy eyt: ychk 


, suret 


35 

30 

37 

38 

39 

40 
4L 

42 

43 

44 

45 
40 

47 

48 

49 
60 


Signed , scaled, and delivered in presence of — 

C.B.Coggeshall 
.Bonnor 


?ir: uitcE/S'.l v; rc ?. cplipafy 
By-John H.Celoos Treat 


fWlxiokogoy 
ierr^-n Hartung 


qo to ‘'^SUCAH TU?. 7Y COTSPAKY 07 tTHl YORi 

)Surety Tt-vid B.fickele Vice president 

Co. Ti.W.Eoal ;1 torney 

143106 


l.u 


4 

* 

■S 


NOTE.—Kead rules carefully before executing. 
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[SEALS OF WAI OR WAFER.] 
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Copy. Forwarding. 


JCP. 
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TREASURY DEPARTMENT, 

OFFICE OF THE SECRETARY, 

Washington,May 13, 1904. 

The Mitchell Vance Co., 

#636 Broadway, 

New York City. 

Gentlemen: 

In accordance with the approval of this Department, your proposal 
dated April 26,1904, addressed to the Supervising Architect, the low¬ 
est best bid received, in aggregate amount seven thousand two hundred 
and forty-seven dollars and fifty cents (f>7,247.50), is hereby accept¬ 
ed to furnish all the labor and materials required to furnish and 
place complete the lighting fixtures for the new Mint Building at 
Denver, Colorado, in accordance with the schedule in your proposal, 
as required by the specification dated March 31, 1904 and drawings 
numbered 100,101,102,103,107,100, 109, 112, 113, 130, 250-A.EW-88, 
EW-89, EW-90, EW-91 and EW-92, and the drawings submitted by you, 
whi«h have been given Department numbers 272,273,274,275,276,277,276, 

279, 280, 281, 282, 283 and 284. 

It is understood and agreed that the entire work is to he com¬ 
pleted hy July 1,1904. 

One set of the specification and Office drawings is forwarded 
herewith. 

f 

It i 3 understood and agreed that you are required to execute a 
formal contract, with bond in the sum of three thousand six hundred 
dollars ($3,600.00), guaranteeing the faithful performance of the 
work, a fora for which will be forwarded. This contract,with bond, 
must be executed in strict accordance with the rules printed at the 
head of said form, and be returned to the Supervising Architect of 

this Department at once. 


You are further required to sign near the signature of the 
Supervising Architect the stamped set of said drawings, forwarded 
herewith under separate cover, and to return the same immediately 
for file in that Office as the contract drawings mentioned on the 
second page of that instrument. 

Tiie certified check which accompanied your proposal will be 
retained until the approval of your bond by the Secretary of the 
Treasury, of which you will be duly advised. 

Payments for the work will be made as required by the terms 
of the contract fro^ the appropriation for hew Machinery,Denver Mint, 
under the control of the Director of the Mint. 


Please acknowledge the receipt of this letter, a copy of which 
will be forwarded to the Superintendent of Construction of the build¬ 
ing. Kespectfully, 

(Signed) H.A.Taylor 


L 


Acting Secretary. 


«. 1C. i-v. 












